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BILL NO. 536-09- I a 


SPECIAL ORDINANCE NO. s- 161 ID 


AN ORDINANCE approving Water Contract 
86-04, Kirkwood Park, Phase I, 
between Bercot, Inc., and the City 

of Fort Wayne, Indiana, in connection 
with the Board of Public Works 

and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That the Water Contract 86-04, Kirkwood 
Park, Phase I, by and between Bercot, Inc. and the City of Fort 
Wayne, Indiana, in connection with the Board of Public Works 
and Safety, for: 
installation of ductile iron water 
main as follows: 1,800+L.F. of 
6'"' and 685+L.F. of 4" water main 
on Kirkwood Drive, and, on Kirkwood 


Circle, between Springfield Avenue 
and Trier Road; 





the Contract price is Sixty-Seven Thousand Five Hundred Twenty- 
Nine and No/100 Dollars ($67,529.00), all as more particularly 
set forth in said Contract, which is on file in the Office of 
the Board of Public Works and Safety and, is by reference incorporated 
herein, made a part hereof, and is hereby in all things ratified, 
confirmed and approved. Two (2) copies of said Contract are 
on file with the Office of the City Clerk and made available 
for public inspection, according to law. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 
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seconded iby , and duly adopged, réad tne second time 
by title and retefred to the Committee and the Cit 
Plan Commission: for or de cion) and E 
dues ledalinetice, ‘at the ing, Fort Way; 
Indiana, on day of 
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SANDRA E. KENNEDY, CITY CL 


Read the ee me in full and on motion by i 
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Passed and ađopted by the Common Council of the City of Pore 
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(SPECIAL) (ZONING MAP) ORDINANCE a F NO. LLE 


on the A, day of eb tip) ; 19 Ds 
ae (SEALY. 
ET 


SANDRA E. KENNEDY, CITY CLERK i PRESIDING OFFICER 
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NOTICE TO CONTRACTORS 


Notice is hereby given by the Board of Public Works of the City of Fort 
Wayne, Indiana, that sealed proposals will be received by the Board at 
its Office in the City-County Building, on Wednesday, September 10, 1986, 
9:00 a.m., Eastern Standard Time, for the following: 


WATER CONTRACT NO. 86-04 


For the furnishing of all labor, equipment, tools, power, transportation, 
miscellaneous equipment, etc., necessary to install a ductile iron water 
main as follows: 


1,800+ L.F. of 6" and 685+ L.F. of 4” water main on Kirkwood 
Drive, and, on Kirkwood Circle, between Springfield Avenue 
and Trier Road. 


All in accordance with the specifications and Drawing No. Y-10414, Sheets 
1 thru 4, prepared by the Water Engineering Department of the City of 
Fort Wayne, Indiana. 


No bid will be accepted from, or Contract awarded to any person, firm or 
corporation that is in arrears to the City of Fort Wayne, Indiana, upon 

any debt or Contract, or, who has failed to execute, in whole or in part, 

in a satisfactory manner, any Contract with the City; or, who is a defaulter — 
as to surety or otherwise, upon any obligation to the City of Fort Wayne, 
Indiana. : - 


Bidders must obtain copy of said specifications pursuant to submitting 
their bids, by paying $20.00 for each set of specs and plans, not refundable, 
at the Office of the Board of Public Works and Safety, Room 920, City-County 
Building. ate 


The Board reserves the right to reject any and all bids for failure to com- 
ply with applicable laws and/or with the Instructions to Bidders. The Board ~ 


-also reserves the right to waive any defect in any bid. 


DAVID J. KIESTER 

COSETTE R. SIMON 

LAWRENCE D. CONSALVOS 

BOARD OF PUBLIC WORKS AND: SAFETY 
ATTEST: HELEN V. GOCHENOUR, CLERK 


PUBLISH: AUGUST 22 and 29, 1986, in BOTH NEWSPAPERS 
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The following documents must be co 
ted with each bid. Failure to comp 
in your bid being determined incomplete 
City of Fort Wayne to disallow your bid: 


"NOTICE TO BIDDERS" 


mpleted,. endorsed, and subnit- 
letes all documents will result 
and may be reason for the 


ocuments re red w each bid: 


Le 
2. 


3. 


4. 


5. 


MBE/WBE Participation Goal Statement 


Minority/Female Hourly Utilization Goal 


Certificate of Non-Segregated Facilities 


(Federally Assisted Projects Only) 
Non-Collusion Affadivit 
Bidder's Bond 


State Board of Accounts Form 96-A or he 
Certificate in Lieu of Financial Statement” 


(If Form 96-A has been subritted with previous 
bids.) 
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All bids shall include the exact Quantities of each 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness, After the 
bids are opened and read, The Board will examine them to deter- 
mine if they are responsive. In order to be responsive, the 
bidder must complete all blanks. requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive eigen fel 


However, The Board reserves the right to accept any 
bid, to reject-any and all bids, and to waiye defects or.irregu- 
larities on any bid. i 


Te Determination of Responsibility, Prior to awarding 


any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. àn award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. : : 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(@) The Contractor's record of integrity. 


(>) The Contractor's experience and past performance 
record in construction work. : 


(c) The Contractor's financial status, £ 
S CE (à) The Contractor's capability to perform the 
A project. Pp 


(e) Whether the bidder is in arrears upon or in: 
default of any debt, contract or other obligation 
to the City of Fort Wayne. Bia 


(£) Whether the bidder is debarred from Federal or 
City of Fort Wayne contracts. es epee ee 


(g) The bidders record in MBE/WEE compliance. 
(h) Whether the bidder is engaged in litigation with 
the: City iof»Fort Wayne. -= Sie os 
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11. Execution of Additional Bid Documents. In addition 
to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 


as part of its bid to execute and subnit the following documents 
as specified below: E 


a) Non-Collusion Affidavit 
FS) Prequalification Statement 
(c) eer, 

(a) 
(e) 


12. rend Name o cual-Specified Materials or Povel. 
Where, in the specifications, one or more specified materials, 
trade names, or articles of certain manufacture are mentioned, 

t is done for the purpose of establishing a basis of durability 

and proficiency, and not for the purpose of lin ting conpe- 
tition. The bidder can submit other names of materials and, if. 
the Director of the Board determines that, they are equal in 
Gurebility and sufficiency to those mentioned and of a desicn in 
harmony with the work as outlined, then the bid will be accepted 
es responsive. However, if the Director of the Boerd determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to submit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any approval of 
Geviation will be by written amenément to the solicitation and 
will be submitted to all bidders who have obtained IFBs. 
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(CONSTRUCTION) 


It is the policy of the City of Fort Wayne that 
‘Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. i 7 ; ; ES 


in order to fulfill this policy, the City of Fort 


Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business’ Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. y 3 ; 
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us is a business of 
which at least 51% is owned: and controlled by minority group 


members. ("Minority" means Black, Hispanic, American indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decizions affecting 
the business. The contribution of capital, equipment or exper- 


tise made by the minority owners must be real, substantiated and 
documented. 


‘Women Business Enterprise (WEE) is a business of which 
at least 51% is owned and controlled by women. The women owners 


must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 


made by the women owners must be real, substantiated and docu- 
mented. : 


The contract for which this proposal/bid is prepared 
is governed by the MBE/KBE Ordinance. This forn must be com-. 
pleted in order to be responsive to this IFB/RFP, he. tHe 
participation goal of 7% for MBE and 2% for WBF are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness ang good faith of effors to meet this coal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. $ 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


- 
€ . 


TEE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO TEE 


Di _KBE/WBE 
GOALS OF TEE CITY FOR WORK DONE PURSUANT TO TEIS CONTRACT 





A The undersigned firm certifies that- it is an 
MBE/WBE Contractor (cross out inapplicable pro- 
Viel ony 7 


For MBE specify percentace of minority ownership 


- 





For WBE specify percentage of women: ownership 





B. The undersigned certifies that they are a Joint 
venture in which the folloving (XBE/WBE) firm 


(cross out inapplicable provision) is 
a joint venture partner. 
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“Tha MBE/WBE firm (cross out inapplicable pro- 


vision) shall have ł participation (en- 
ployees) + participation (Costs) in this 
"project. : 


Specify the percentage of ninority/women ownership 
in the MBE/WBE -firn f. (cross out inappli- 
cable provision) - : 























C. The undersigned commits t of the total bid price 
as a subcontract to minor business enterprise parti- 
cipation. The MBE firms which are Proposed as subcon- 
tractors are the following: 

Name of Firm _ Address | Type of Work 
3 > oe bite 
= ya) | Jae sf 
2. : 
D. The undersigned commits A $ of the total bid price 
as 2 subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the folloving: i 
Rame of Pirr Address Tvpe of Work 
> Segre Helene, Juuh. 
E AE Poe: Ainge 
3 BA are : ke ADA 
= Complete (1) and (2) below if participation Goals 
of 7% MBE and 2% WBE have not been net. 
T: Xy Company cannot meet the participation 

- goals for the following reasons: : 

2. We have taken the following steps in an 
attempt to comply with these participation 
goals: 

SR RE NT RRS Ye ESA TOS O 
VARAS rm ee en ES E ee 
BE (attach additional sheets as necessary) 
6015 HUGUEN i 
roomie _ Contractor 
¿ay Toe Blt pares 
TES 
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lá, ex emale Ho oyme e ementz. 
The City's policy is to encourage a greater utilization of 
minority and/or female employees in City construction projects, 
The Board has, therefore, adopted a minimum goal of 17% of the 
total work hours on each project to ba expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 


Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontract 
and utilize women and minority employees on this 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 


facilities and work site and to those of his subcontractors to 
Getermine compliance. 


The bidder must fill in’ the required blanks in this clanse in 
order to be responsive to this IFB. 12 the bidder does not 
meet or exceed the hourly utilization goal of 17% ninority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible.” 


THE FOLLOWING IS TEE UNDERSIGNED'S COMMITMENT TO MINORITY /FEMALY 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that teks 
and utilize minorities and females and/or will ensu- 
subcontractors employ and utilize minorities 
that minorities and females will work at 
hours worked on this project. 


employ. 
e that its 
a females so 
least L $ of the total 


B: Complete (1) and (2) below if 


the hourly utilization 
figure set forth in "A" is less than 17%. : 


TS My Company and its subcontractors cannot meet ` 


the 17% minimum hourly utilization figure for the 
following reasons: 
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2. My Company has taken the following ste 


ps in an attempt 
to comply with the 17% hourly utilization figure: 


É e 
(attach additional sheets if necessary) 
BERCOT, INC. 


Y HUGUENARD ROAD WD) 
Contractor FOZ WAYNE NDIANA ASSE w Y 
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15. Required Prevailing Wace Schedule Payments > 

to Indiana Code 5-16-7-]. All contractors and subcontractors 
working on the project awarded pursuant to this contract shal] 
pay the prevailing wage rates for skilled, semi-skilied and 
unskilled laborers, workmen and mechanics: This wage determin-~ 
ation has been made-in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the recuired 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, Sth- Floor, 
City-County Building, Fort Wayne, indiana. TE l 
If a bidder is awarded a contract ès, a. result 
fOr: Bice, he/she/it shall file a schedul 
provided by the City of Fort Wayne, demonstrating corbliznce 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. 


ol this Invitation 
e of wages, on forms 


‘Penalties for failure to pay the prevailing wage ra 


te are set 
forth in Indiana Code 5-16-7-3, 


16. Site Orientation. A site orientation (wÍ11/w111 not) . 
be conducted by the City Engineers, If such an orientation 
is conducted, it will be held on the Gay of 9 


, a a Y ra 
commencing at o'clock __.M. at the site of the project... 


Regardless of whether a site orientation is 


conducted 
or not; bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 


work will be performed. The bidders. shall be responsible for all 
conditions thet affect the work, including, but not limited to 
all sub-surface conditions. 
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Ū 17. Pre-Bid Conference The Board will hola 
2 a 
conference to familiarize prospective bidders with the shige 
the IFB and proposed contract, and to answer an Thi 
conference will be held on å P 1 
(date) (time) 
or at such date, time, and place as The 





(place) 
Board subsequently determines. If the date and time of the 
prebid conference is not set forth herein, The Board will notify 


all prospective bidders who have picked up bid packa 
date, time, and place of the conference. P ges of the 


18. Performance Bond. The successful bidder, at the time 
of signing the contract will be required; at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond sball contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of tine 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accom- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any chance, extension of 
time, alteration or addition to the terms of the contract or to 
tbe work or specification." 3 i 


19. Additional Bonds. If a bidder is awarded a contract he 
will also be required to execute with surety, sati factory to The 


Board; Bist, 
E A Payment Bond. In the amount of payment to be made 
under the contract. 
B. WRITEDLY - Sone. in the amount of the contract 


warrantying the contractor's performance of: a 
period of one year after the date of the City's 
acceptance. 


20. Councilmanic Approval and Ratification of Contract. 

This agreement, although executed on behalf of the Owner Dy- 
the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, tbe contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 


‘be bound to the contract unless he/she/it elects to be so bound. 


21. Method of Contract Award. The contract resulting 
from this IFB will be awarded: 
el As On an all or none basis. 
GB. às follows: ; 


A —-->I:-> 
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all provisions of this agreement. 


GENERAL PROVISIONS* 
Board of Public Works and Safety 
(Non-Federally Funded) 


Ls Time and Progress. Time is of the essence of this 
contract. The contractor shall Begin promptly after receipt 
of a written notice to proceed, and in no case later than ten 
(10) days after such receipt. He/she/it shall prosecute the 
work in such a manner as to cause no unnecessary delays. The 
time of beginning, rate of progress and time of completion are 
all essential elements of this contract. 


ds Payment. The Contractor will submit requests for 
Payment on a claim form prescribed By the. Ci 


: ; : ity, and attach 
to that claim form, his invoices for the work performed and 
accepted. 


ae Procress Payments and Retzainace. The contractor 


may submit requests for payments no more often than every thirty 
(30) days for work performed and accepted under this contract. 
if the contractor is in compliance with the provisions of this 
agreement, The Board will make payments for such work performed 
and completed, provided, however, that in any such case The Boars 
will retain 10 5% (ten percent (10%) if not otherwise specified) 
of the total amount owing to insure Satisfactory completion of 
the Contract. “Upon final inspection and acceptance of this 
contract, the contractor will be PELO" ip Suir. However, if this 
contract is in excess of $100,000, this contract will be subject 
tO an escrow agreement as provided in I.C. 5-16-5.5-1 and the 
standard Board of Works escrow acreement. When this project is 

$ (50% if not otherwise specified) complete and the work has 
been promptly and properly executed, The Board, at its option, 
can waive or, reduce the retainage requirement. 





4. inspection, The Board, the City Engineers, officiais 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors! records at all reasonable 
times for inspection of the work performed under and in com-- 
pliance with this agreement. 


Any inspection or failure to inspect by The Board or ci 


ty does 
not relieve the contractor of the obligation 


tO comply with 


*NOTE: Those clauses of the General Provisions with the 
following box beside it [ will be applicable’ to the 
contract only if the box has a checkmark or "x" in it. 

Any question about the applicability of a General 
Provision should be brought to the attention of 

The Board. de 


0.0, 12/85 GP - 1 
B.O.W. Non-TFed 


z Er PRELE? 


ELA 


~—— Ey 


roo 
ay 


jos 


5. Warranty. The contractor fully warrants his work 
for one (1) year after acceptance by The Board, and shall renedy 
at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. 


6. Termination for Convenience. The Board can terminate 
this agreement for the convenience of The Board at any time by 


providing a written notice to the contractor. If the agreement 
is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this clause, all 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 


this agreement shall become the property of The Board of the City 
oí Fort Wayne. : e 


vie Terr ipation for Default: lí the contractor shall 
fail to fulfill its obligations under this agreement in a timely 
and proper manner, The Board shall have the right to terminate 
this agreement for default, by written notice. If this acreenent 
is terminated pursuant-to this Clause, The Board is not recuired 
to advance any further payments to the contractor. In the event 
Of) fSesminaticn,: all’ werk, including finished or unfinished 
documents, data, studies, surveys and reports prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause- is not The Board's exclusive-remedy-and 
will ‘net prejudice the right of The Board to take any other legal 
action against the contractor. ; 


8B. Changes. The Board may, at any tine, by written order, 
make changes within the general scope of this agreement. if 
any such change results in an increase or decrease in the cost 


-of performance, time -of performance, or any other material 
provision under this contract, The Board shall make an equitable 


> or otber 


adjustment in the contract price, tine of performance, 


provision. Any claim by the contractor for acjustment under this. 


Clause shall be submitted to The Board in writing within thisty 
(30) days after the issuance of the change order. All such 
change orders and resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shall be referred to the Director of The 
Board for his final determination, .pursuant to the disputes 
clause of this contract; provided, however, that the contractor 
will proceed with the work as changed, even if there is a 
dispute. i 
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9. Assiqnability. The contractor shall not assign or 
transfer any interest in this agreement, including by assignment 
or novation without the prior written consent of The Board. 


10. Sub-contractinc. None of the services covered by 
this agreement shall be sub-contracted or contracted out without 
the prior written consent of The Board. No subcontracts will 
be awarded to contractors who have been debarred or suspended 


from doing work for the City of Fort Wayne or federally-assisted 
contracts. 


y ew Qualit aterjals. All materiais used by the 
contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 


Quality, and in no case less than the quality required by the 
specifications. 


12. Permits and Licenses. The contractor shall secure 
at his/her/its own expense all permits and licenses 
to the performance of the contract. Failure to secur 
sary permit or license shall constitute crounás for 
ci the Contract. 





necessary 
e a necese 
termination 


123.: Eontractor's Insurance, The contractor shall obtain 
and pay premiums for such public liabllity insurance, property 
damage insurance, and workmen's compensation as WILLY 
protect it from claims under the Indiana Workmen's Co 
Act and from any other claims for damages 
by that Act because of bodily injury, including death which 
may arise from, or during the performance of the work described 
in this contract.. The City shell be naed as an additional 
insured on each such policy. - Proof of all such insurance shall 
be presented to The Board. The contractor further agrees that it 
will. indemnify and hold The Board and the City of Fort Wayne 
harmless from any loss, damage, liability, cost or expenses 
incurred by the contractor, any of its agents, employees and 
sub-contractors, in the performance of this contract, as well as 
the failure of the contractor or of any agents, employees, or 
sub-contractors to comply with any of the provisions of this 
clause. 


mpensation 
to persons not covered 


14. Contractor's Protection of Work and Safety. The 
contractor shall obtain adequate protection of all work fron 
possible damage, and shall protect the City's property of all 


‘work from possible damage, and shall protect the City's property 


from injury or damage arising from the work to be done under or 
by the contractor, its employees, agents and sub-contractors 
during the construction. He/she/it shall take ali reason- 
able precaution for the safety of the employees on the job and 
shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard all 
excavations and dangerous places, and will use all due and proper 
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precaution to prevent injury to any and all persons and pro- 
perty. 


15. Lead Base Paint. The contractor will not apply any 
lead base paint, and will take all necessary steps to reduce 
the hazard from lead base paint already on Surfaces. Lead base 
paint is defined as paint containing more than six-one- 
of one percent of lead by weight in the total non-volatile 
content of liquid paint, or in the dried film of paint already 
applied, and shall include, cracking, scaling, peeling, chipping 
or loose paint. Any surfaces to be painted shall be treated as 
necessary. Treatment involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, 


: scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead paint. If paint 


film integrity cannot be maintained, the surface must be covered. 


Lead base paint hazards involve all terior ‘surfaces 
and those exterior surfaces readily accessible to children 


under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract tor THE 


elimination of immediate hazards. 
(226. Sontractowte Clean-up. . During contruction, and efter 
completion the contractor shall clean up and remove all vaste 
construction materials from the premises and will leave the 
premises in a clean aná Sightly condition. = 


iede Disputes, All-disputes which arise under this contract 
which cannot be resolved between the" contractor -and the City will 
be referred in writing to the -Director of The Boara. The 
Director of The Board shall nake a final decision in wroitinc. 
The contractor will continue to perform the contract regardless 
of the decision a Nake E : : 


18. Prompt Payment Discounts. in connection with any 
discount offered for. prompt payment, time shall be computed fron 
(1). tbe date-of acceptance by the City cf performance of the 
services or deliveries of supplies to the City, or (2) the-date 
the correct claim form and invoice, or voucher is received in 
the office of the City division awarding the contract, if the 


latter is later than the date of acceptance of performance or 


delivery. .For the purpose of computing, the discount eamead, 
peyment shall be considered to have been made on the date the 
City check is mailed. $ 






19. Minority Business Enterprise Women Business 
Compliance Construction Contract). This contract 

is ‘governed by General Ordinance G-16-B4, Chapter 7 of the code 
of the City of Fort Wayne; establishing participation goals 


of seven percent (7%) for Minority Business Enterprises and 


two percent (2%) for Women Business Enterprises of the total 
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‘by the City of Fort: Wayne and all money due or 


yearly dollar amount of constru 
City of Fort Wayne. The terns 
and "Women Business Enterprise" are defined in the Ordinance 
and in the MBE/WBE Statement of the IFB/RFP. The contractor 
agrees that in performing this contract it/he/she will neet 
or exceed the certification of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or exceed 
the smallest of the following: (2) 7% MBE or 2% WBE: 


ction contracts awarded by the 
"Minority Business Enterprise 


or (bd 
the participation certification, without justifiable rae 
can be grounds for termination of this contract for default 


and shall be considered in evaluating contractor's responsibility 
on future. contracts. The contractor agrees to Cooperate with ' 
and provide all documentation requested by the City in monitoring 
the contractor's compliance. After completing the work called 
for in the contract, the contractor will Submit to the City 
an accurate certification setting forth the MBE and WBE partici- 


pation in the- contract. Final payment shall not be made until 
this certification is received. 


20. Anti-Diserimination Under Indiana Code 5-16-6-12, 
This. cont 


ractor agrees as follows: 


2. That in the hiring of employees for the perfor- 
mance of work under this contract or any subcontract hereunder, 
no contractor, or subcontractor, nor any person acting on behalf 
Om: suck contractor er subcontractor shall, by reason of race, 
religion, color, sex, national origin or ancestry, discriminate 
against any resident of the State of Indiana who is cvualified 
and available to perform the work to which the employnent 
relates; : : ee 


D. That nocontractor, subcontractor, 
on his behalf shall, in any manner, 
intimidate any employee hired for 
this contract on account of race 
origin or ancestry; 


hor any person 
ciscriminate against or 
the performance of work under 
, religion, color, sex, national 


Cis That there may be deducted from the amount 
to the contractor by the City of Fort Wayne under this co 
a penalty of five dollars ($5.00) per person for each calendar 
Gay during which such person is discriminated against or intimi- 
Gated in violation of the provisions of the contract; and 


payable 
Noracc, 


a. That this contract may be cancelled or terminated 


y to become due 
hereunder may be forfeited, for a second or any subsequent 


violation of the terms or conditions of this clause. 


21. Anti-Discrimination Under the Code of e. City ot 
Fort Wayne, Section 15-17. In the performance of work under 
this contract or any subcontract hereunder, the Contractor, 
subcontractor, and any person acting on behalf of such contractor 
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“Commission shall be forwarded to the Compliance O 


or subcontractor, will not discrim 
is qualified and available 
employment relates. 


inate against any person who 
to perform the work to which the 


The contractor, subcontractor, or any person acting on 


behalf of such contractor or subcontractor will not obstruct 
the enforcement of this contract provision. 


The. contractor. subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not retaliate 
against any person because of good faith, reasonable actions 
taken to overcome, alleviate, or report discrimination. 


Enforcement of this section shall be through order of the 
City of Fort Wayne in the following manner: 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenevet a Com- 
pliance Officer of the City of Fort Wayne hes reason to believe 
that any of the provisions of this clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Commission for investigation and 
initiation of discrimination. charges against the contractor or 
subcontractor. Cases over which the Metropolitan Bumen Relations 
Commission has no jurisdiction shall be investigated. by the 
Compliance Officer of the city. : ‘ 


D, à final order of the Metropolitan Human Relations 

fficer of thè 

City of Fort Wayne and to: the Division awarding the contract; 
which may invoke one of the remedies set forth in subsection 
(ec) of this clause. If it “ise matter over which the Metropo- 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shall conduct a hearing to 
determine whether there has been a breach of Ordinance Sec. 15-17. 


Mo ee Es í the. Division awarding the contract determines 
that a contractor, subcontractor or any person acting on behalf 
of such contractor, or. subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: a : : ; 


(1) Deduct from the amount payable to the 
contractor by the City of Fort Wayne under such contract the sun 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per day per each violation. Fach day 
upon which the violation exists shall be deemed a separate 
offense. 
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(2) The Division of the City awarding this 
contract may cancel or terminate this contract, and all money 
due or to become due under the contract may be forfeited for 
a second or any subsequent violation of Section pd ds 7 


22. Required Prevailing Wage Scale Payments. The con- 


tractor and all subcontractors shall, at minimum, pay the 
prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule of 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During perfor- 
mance of the contract, the contractor and each subcontracter will 
meet or exceed his/her/its Schedule of Wages for each position. 
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SCHEDULE Ee 
Board of Public Works & Safety 


The Contractor agrees to furnish at his/ber/its own cost all labor, insurance, 


materials, equipment and power for the complete performance of the following 
project: 


KIRKWOOD PARK (PHASE I) WATER CONTRACT NO. 86-04 


1,800+ L.F. of 6" and 6854 L.F. of 4" water main on Kirkwood Drive, and, on Kirk- 
wood Circle, between Springfield Avenue and Trier Road. = =~ a : 


CONTRACT NO. 86- -04 


All work will be performed in accordance with:RESOLUTION NO. - the IFB, 
this contract and the applicable plans, specifications and ERA for a 
TOTAL PRICE OF $ - (If unit prices are applicable, the contractor 


agrees—to—perform-for—those unit—prices as set forth in the Schedule of Unit 
Prices attached bereto.) 


The work shall be commenced within ten (10) days after the Board issues a 
written "Notice to Proceed.” All—work shall -be--completed—+within——-—-~-—_ 
days after issuance of the Notice to Proceed. Those days which the contractor 
cannot work because of severely inclement weather shall not be counted. 


Ligquidated Damages Provision. (This--clause shall be applicable --to- -this 


contract only if the box contains a checkmark or an "X",) It is hereby agreed 
by and between the City of Fort Wayne and Contractor that time is of the 
essence of this agreement and the contractor agrees that it will complete 
the project as herein defined on or before days after issuance of the 
Rotice to Proceed. Tbe parties agree that it is e business and governmental 
necessity that the project be completed by this date, that it will be difficult 


-or—impossible—to-—make—an—asceurate determination of the damages that vould 


be incurred by the City of Fort Wayne, and therefore, provide for ligudiated 
damages in the sum of $ per day for each and everyday after _ ays 
after issuance of tbe Notice to Proceed that the project remains uncompleted. 
Tbe parties agree that tbe sum of $ per day is a reasonable estimate 
as to. tbe damages which would be incurred by the City of Fort Wayne. The 
parties further agree that .causes beyond the control of the contractor may 
delay the ay a date. Therefore, the parties agree that delays in the 


completion date: beyond the control of the contractor shall not result in 
liquidated damages. 


Delays beyond the control of the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts or industrial 
disturbances, acts of public enemies, restraining orders of any kind by the 
government of the United States of America or of the State of Indiana or 
any of their departments, agencies, or officials, or any civil or military 
authority, insurrections, riots, landslides, earthquakes, fires, incapacitating 
storms, floods, and explosions. 
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CITY OF. FORT WAYNE, INDIANA kl 


. IMPROVEMENT TO FORT WAYNE WATER UTILITY 
SCHEDULE OF UNIT PRICES 


KIRKWOOD PARK (PHASE I) WATER CONTRACT NO. 86-04 




















ITEM QUANTITY DESCRIPTION UNIT PRICE EXTENSION, . 
0 
TEA 1,800+ L.F. 6" CL. 50 D.I. WATER MAIN PIPE [op JA ARA 
. rA 
o 
2. 700+ L.F. 4" CL. 50 D.I. WATER MAIN PIPE ELO 249 
: V 
{í 5 EA. 6" VALVES W/BOXES ALA no f ce 
Ror he 2 EA. 4" VALVES W/BOXES vo 7 o2- 
l ez 
n" ” oz 
5. I EA: 6" x 6" CROSS (RESTRAINED) Df 20 i pof 
=e y as, as 3 E Pr) 
6. 2 EA. 6" x 6" TEES (RESTRAINED) 2O 7 
7 2 EA. 6" x 4" TEES (RESTRAINED) 0 PS o? 
8. 2 EA. 6" x 90° ELLS (RESTRAINED) [00,00 pos" 
z (F 
9. oo HA, 6" x 45° ELLS (RESTRAINED) oo ESTA 
Es 
10. "7 1 EA. TYPE I FIRE HYDRANT ASSEMBLY ` T Lod -|---— HACES 
Ps 
1% 2 EA. TYPE 11.FIRE HYDRANT ASSEMBLY LISO PTOS 
12; 360+ L.F. CONCRETE STREET RESTORATION - EY, f o0 ihe O (oye 
13. 1804 L.F. | CONCRETE DRIVE RESTORATION 22 oa 246 ae 


14. ~-°2;100+ L.F. GRASS AREA RESTORATION SO Vy ca 
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In submitting this bid, it is understood that the right is reserved by 
the Owner to reject any and all bids and to waive any defect in any bid. 


IN WITNESS WHEREOF, the bidder (a firm) by its owner(s) named below, 
hereunto set hanétat and seal this day of , 19 : 


FIRM NAME 


BY: 


IN TESTIMONEY WHEREOF, the bidder (a corporation) has caused this proposal to be, 
signed b si i Paggena and Secretary and affixed its corporate seal this 
day of Pen he, S 4 


3%; . 1) 


BERCOT, INC™ oe 
6015 HUGUENARD ROAD ah 
FORT WAYNE, INDIANA 46608 ; Al 





s=3 


NOTE 1: 
Use this form, if Cashier's or Certified Check accompanies bid: 
Enclosed, herewith, find Cashier's or Certified Check for $ 
IRA AAN 


being Z of the maximum bid berein, made payable to: 


THE CITY OP FORT WAYNE, INDIANA 


tbe proceeds, of which, are to remain tbe absolute property of said City, if 


BIDDER . A 





shall not within days after Notice of Acceptance of the within bid, 
enter into a written contract, and secure said contract by a bond, for the full 
amount of the contract to the approval of the proper officials of said City: 


——_———___———————————————  __——_. eee 


NOTE 2: 


Use this form, if Bidder's Bond accompanies bids.” 


Enclosed berevith, find a Bidder's Bond in an amount equal to ten (107) per cent 


of maximum bid berein, subject to tbe approval of the Board of Public Works and 
Safety, conditioned as follows: 4 e pe 





That if the Board’ of Public Works and Safety shall award 


bee | 
ry 


6015 HUGUENARD ROAD 
ZORT WAYNE, INDIANA 49808 


tbe contract for said work, and if e 
ae erry INO eo ee aa a 
$ Si TAg 







ROAD 
IANA 46808 





shall enter into a contract and furnish a 1007 Performance Bond as 
required within ten (10) days from the date, he/she/it is notified 
of the acceptance of his/ber/its bid, then the obligation of said 
bond sball be null and void, otherwise, to remain in full force and 
effect. 


¡parir 


II. 


III. 


IV. 


SUPPLEMENTARY SPECIFICATIONS 
FOR 


WATER CONTRACT NO. 86-04 (KIRKWOOD PARK, PHASE 1) 


Specifications: The "Detailed Specifications and Conditions for the 
Installation of Transmission and Distribution Mains” of the Fort Wayne 
Water Utility, latest revision, shall be followed in the construction 
of this water main, as shown on Drawing No. Y-10414, Sheets 1 thru 4. 


Materials: All materials used in the construction of this water main 
shall conform to the "Water Main and Water Service Materials Standards" 
approved and adopted by the Board of Public Works of the City of Fort 
Wayne, Indiana, latest revision. 


Miscellaneous: All elevations shown on the plans for the project are at 
the invert of the pipe unless otherwise noted. 


Backfill Materials: The type of backfill material to be used shall be 
noted as follows and placed at locations specified on the plans. 


Backfill Material Type "A," #53 or #73 material shall meet the gradation 
as set forth in the Indiana State Highway Department Standard Specifica- 
tions 1974. Sub-section 903.02 Course Aggregates. 


Backfill Material Type "B" shall meet the gradation as set forth in the— 
Indiana State Highway Department Standard Specifications 1974, Sec. 211 
Special Fill and Backfill (”B"-Borrow),- except that no more than 12 
percent or less than 5 percent shall pass the No. 200 sieve (silt or 
clay). 


Backfill Material Type "C" shall be excavated material of A 


_ quality, free from rocks, boulders, large or frozen lumps, wood or other 
_extraneous matter. 








Where water main crosses road surfaces, or driveways, the trench shall 
be backfilled with Type "A" backfill material to a point twelve (12) 
inches from the top of pavement. The top 12 inches of the traveled ~~~ 





portion shall be restored to the existing type surface. Contractor to 


provide and maintain temporary cold patch to all areas Meere: road 


immediately. 5 dis 


Bedding: In all above cases, however, the pipe shall be bedded in 
compacted Type "B" backfill-a-minimum of four (4) inches below the barrel 
of the pipe to a minimum of four (4) inches above the top of the pipe. 


No additional payment will be made for special backfill or bedding  — 


material. Cost of these items is to be reflected in the respective 
unit prices for pipe fittings, and pavement replacement. 


SS- 1 
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V. Bidding Information: The following information is furnished to clarify 
any questions, which may arise with respect to materials to be included 
and labor and equipment involved in the establishment of the respective 
unit prices. 


A. 


Items 1 and 2 - to include excavation, disposal of spoil where 
required, furnishing and placement of Class 50 DI pipe and back- 
filling with "Type B" Backfill, except where otherwise noted on 
plans. Vehicular traffic shall be maintained during all periods 
of construction. 


Items 3 thru 9 - to be bid including and furnishing of materials, - —— 
complete and in place as specified, including valve boxes on valves 
and the cost of joint restraining materials required to overcome 

the thrust imposed by the respective items. 


Item 10 - (Fire Hydrant Assembly) to include 1 - Tee (size and type 
as appropriate) 1 - 6" x 18" nipple, 1 - 6" Valve W/Box, 6" x 24" 
nipple, - one fire hydrant, and, necessary restraining material, 
complete, -and in- place. - - 


Item 11 - (Fire Hydrant Assembly) to include 1 - Tee (size and type 

as appropriate), i 6" self-anchoring elbow, 1 - 6” gate valve with 
box, 1 - fire hydrant, 6" pipe or nipple as required, and, necessary —-- 
restraining materials, complete and in place. 


Items 12 thru-14 - to be bid including furnishing of materials 
complete and in place in accordance with City of Fort Wayne Street 
Engineering and Right-of-Way Permit Department Standards- and Speci- 
fications and these supplementary specifications contained herein. 


Items 3 thru 9 - to be bid using set screw glands for restraining. 
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-NON-COLLUSION AFFIDAVIT . 
NON-COLLUSION AFFIDAVIT 


The Bidder, by its Officers and 4 2 9THLELS oe eee or 


agents or representatives present at the time of filing this bid; being duly 


sworn on their oaths, say that neither the 
directly or indirectly, entered into any arrangement or 
bidder, or with any public officer of such City of Fort 
such affiant or affiants or either of them, has paid or 
bidder or public officer any sum of money, or bas given 
bidder or public officer anything of value whatever, or 
or either of them has not directly or indirectly, 
or agreement with any other bidder or bidders, 


égreement with 


attached bids, that no inducement of an 
appears upon the face of the bid will be suggested, 

to any person, whomsoever to influence the acceptance 
of the contract, nor. bas this bidder any agreement o 
whatsoever, with any person whomsoever to pay, 
person in any way or manner, any of the proceeds of the contra 


r understanding of 








this 


MyyCommission Expires:- —— -—-—— 





Subscribed and sworn to before me by - - — 


this day of 


My Commission Expires: 


NOTARY PUBLIC 
Resident of 


Subscribed and sworn to before me by 


tbis day of 


$ . 
E PF 


y nor any of them have in any Way; 


any other 


Wayne; Indiana; whereby 

is to pay to such other 

or is to give such _ 

such affiant or affiants 

entered into any arrangement 

which tends to or does lessen or 

destroy free competition in the letting of the contract sought for by the» Y, 
y form or character otber than that which 

offered, paid or delivered -, 

e OÍ the said bid or awarding 


SF | 


any kid “5 


deliver to, or share with any other) 
ct sought by this bid. 








ee Y E pines _ NOTARY PUBLIC Bs lela o o 
po 3 . . -Resident of ORAA County, IN - 


My Commission expires: A o 


NOTARY PUBLIC 
Resident of 


























"AMERICAN STATES INSURANCE COMPANY 


INDIANAPOLIS, INDIANA 


BID OR PROPOSAL BOND 


Know all Men by these Presents, 


BERCOT, INC. 


(hereinafter called the Principal), 
as Principal, and AMERICAN STATES INSURANCE COMPANY (hereinafter called the 
Surety) , as Surety, are held and firmly bound unto 

BOARD OF PUBLIC WORKS, CITY OF FORT WAYNE, INDIANA 


(hereinafter called the Obligee) in the penal sum of TEN PERCENT OF THE AMOUNT BID 


Dollars ($..22= 1 dde e for the payment of which the Principal 
and the Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly 


and severally, firmly by these presents. 


SIGNED and SEALED this... 19th 


THE CONDITION OF THIS OBLIGATION IS SUCH, That, whereas the Principal 


has submitted or is about to submit a proposal to the Obligee on a contract for 


Water Contract No. 86-04 


Kirkwood Park (Phase Ij 


NOW, THEREFORE, if the said contract be timely awarded to the Principal and the Princi- 
pal shall, within such time as may be specified, enter into the contract in writing, and give bond, if 
bond be required, with surety acceptable to the Obligee for the faithful performance of the said con- 
tract, then this obligation shall be void; otherwise to remain in full force and effect. 


\ 


Form 9-1027 





























> : » GENERAL POWER OF ATTORNEY 


f 


American States Insurance Company 
INDIANAPOLIS, INDIANA ' 


KNOW ALL MEN BY THESE PRESENTS, that American States Insurance Company, a Corporation duly organized and existing under the 
laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 





these presents make, constitute and appoin 


A H. STANLEY HUFF, JR., DONALD F. CAMPBELL AND JERRY C. WAAK ------------ 











(Jointly or Severally) 








dl Fort Wayne ana Stain el Indiana 
its true and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and 





deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, provided, 


however, that the penal sum of any one such instrument executed hereunder shall 

















and to bind the Corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with the common seal of 
the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This 
Power of Attorney is executed and may be revoked pursuant to and by authority granted by Section 7.07 of the By-Laws of the American States 
Insurance Company, which reads as follows: 
“The Chairman of the Board, the President or any Vice-President shall have power, by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons to execute, on 
behalf of the Corporation, any bonds, recognizances, stipulations and undertakings, whether by way of surety or otherwise” 
IN WITNESS WHEREOF, American States Insurance Company has caused these presents to be signed by its Vice-President, attested by its 


Assistant Secretary and its corporate seal to be hereto affixed this OA >> ay of June 


AO 19a. N AMERIC S Be a 
SEAL : ; 

E ; a: Le os ee By ee 
ATTEST: ide a aS 





Assistant Vice-President 





Assistant Secretary 
STATE OF INDIANA } Ss: 
COUNTY OF MARION ý 


On this _26th______ day of June ,A.D,, 19 86 _ before me personally came 








T, Abel , to me known, who 
being by me duly sworn, acknowledged the execution of the above instrument and did depose and say; that he is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation; that the seal affixed to the said instrument is such corporate seal; that it was 
so affixed by authority of the Board of Directors of said Corporation; and that he signed his name thereto under like authority. And said 


further said that he is acquainted with ___ Dan 1 W. Guio  andknowshimtobethe 
Assistant Secretary of said Corporation; and that he executed the above instrument. 


MY COMMISSION EXPIRES 
February 5, 1982 Marto Bi oud S 
My Commission Expires Notary Public 





STATE OF INDIANA y Ss: 
COUNTY OF MARION : 


Dan W. Guio the Assistant Secretary of AMERICAN STATES INSURANCE COMPANY, do hereby certify that 
the above and foregoing is a true and correct copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY, which 
is still in full force and effect. 

This Certificate may be signed and sealed by facsimile under and by the authority of Section 8.03 of the By-Laws of AMERICAN STATES 
INSURANCE COMPANY which reads as follows: 
“All policies and other instruments of insurance issued by the Corporation shall be signed on behalf of the Corporation by the 
president or a vice-president and the secretary or an assistant secretary, whose signatures, if the instrument is duly 
countersigned by an authorized representative of the Corporation, may be facsimiles. Such signatures and facsimiles thereof 
shall be authorized and binding upon the Corporation notwithstanding the fact that any such officer shall have ceased to be such 
officer at the time such policy or other instrument of insurance shall have been actually issued by the Corporation.” 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this E 75 day of _ September __ 


AD jones. 
(SEAL) La [lsh te 


Form 9-1459 (8-80) Assistant Secretary 
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TO. BE EXECUTED BY BIDDER AND SURETY CCMPANY BEFORE DEPOSITING -BID 
A a ad 


BIDDER'S BOND e at 


KNOW ALL MEN BY THESE PRESENTS: 


are held and firmly bound unto the City of Fort Wayne, Indiana, in the sum of 


i i DOLLARS ($ š, 
A TE AE A 
to be paid to the said City of Fort Wayne, Indiana, 
for the payment of which, well and truly made, 
successors, executors and administrators, join 
presents. í 


or its successors or assigns, 
we hereby bind ourselves, our heirs, 
tly and severally, firmly by these 


Signed and sealed at » this 
eee —%4%4%4%4+424141414141 


PI 
day of 


>» 19 . 


The condition of this obligation is such that if the accompanying bid or proposal of 


O arn ee a i ee A A 
A aS a et eet E ey Sari) S,* 
made this day to the City of Fort Wayne, State of Indiana, is accepted, and the 
contract awarded to the above bidder, and the bidder shall, within ten (10) dzys 
after such—award—is—made,—enter—into-~a Contract with the City of-Fort -Wayne;— 
State of Indiana, for the work bid upon, and give bond as required; then this 


obligation shall be null and void; otherwise, it shall remain in full force and 
effect. j 





SIGRED at TE E DO oe Oe a 


o RT i a rn a 
this day of 3 19 : 
SSS NSCS SS o a E 
+ 
PRIRCIPAL 


SURETY 2s: 





*If signed by an agent, appropriate Power 
of Attorney shall be attached. 
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, CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 





l, Y Gg , the q 
> Name “BERCOT, INC. 
2 E 6015 HUGUENARD ROAD 
LES/ Dor) » of FORT WAYNE, INDIANA 46808 


Position Company 


HEREBY CERTIFY: 


1. De, the Financial Statement of said Company, dated the a day of 
; -19 4 = » how on file in the office of the Board y 
of Public Works of the City of Fort Wayne, Indiana, which Financial Statement 
is by reference incorporated herein and made a part hereof, is a true and 


correct statement and accurately reflects the financial condition of said 


Company, as of the date hereof; 


Ze That I am familiar with the books of said Company, showing its financial 








‘condition fad am guthociced to ake this Certificate on its behalf. 


EOAR SEP 1019886 ` - ae PO 


Signature : eas ae ee Pie 


LES te To 


Title 








SUBSCRIBED AND SWORN to before me, a Notary Public, in and for said County and 


State, this day of SEP 1 0 1986 i ae) A 





NOTARY PUBLIC 
A Resident of iss County, IN 
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CERTIFICATION OF BIDDER/VENDOR 
En VENDOR 





The undersigned, on behalf of FORT WI ANA 4 
A ea 


, Goes hereby make the following representations 





to the City of Fort Wayne, Indiana. 


WHEREAS, it is acknowledged that the Common Council 


‘of the City of Fort Wayne, Indiana, has passed an ordinance con- 


demning the apartheid policies of the country of South Africa; 
WHEREAS, Council's ordinance requires that all persons, 

firms or corporations submitting biás to the ane for ic and 

SEN cil certify, as part of the bid, that such entity does not 


support the policies of apartheid in South Africa. y, Coe bapa vat 





The undersigned states, on behalf of 


Pry ma pra 





FORT WAY ANA 466808 
does not support or endorse the ps of apartheid in South Africa. 


IN WITNESS WHEREOF, this Certification’ has been signed 


this A day of SEP 10 1986 ae 





nader Vendor” 


ARTE Y 


(Name a Title of Person SENET 






EN 
E? 


for his employees any segregated facilities 


official Address (including 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


Each bidder is required to submit with his bid a fully executed 
Certificate of Non-Segregated Facilities 


CERTIFICATION OF NON-SEGREGATED FACILITIES 


The bidder certifies that he does not maintain or provide 
at any of his 
establishments, and that he does not permit his erployees to 
perform their services at any location, under his control, where 
segregated facilities are maintained. The bidder certifies 
further that he will not maintain or provide for his explovees 
any segregated facilities at any of his establishments, and that 
he will not permit his employees to perfcrm their services zt. 
location under his control where segregated facilities are 
maintained. The bidder agrees that a breach of this certifi- 
cation will be a violation of the Equal Opportunity clause in 
contract resulting from acceptance of this bid. às used in this 
certification, the term "segregated facilities" neens any waiting 
rooms, Work area, restrooms and washrooms, restaurant or dressing 
areas, parking lots, drinking fountains, recreation or entertain- 
ment areas, transportation, and housing facilities provided for 
employees which are segregated by explicit directive or -are in 
fact segregated on the basis of race, color, religion, or 
national origin, because of habit, local custom, or otherwise, 
The bidder agrees that (except where has obtained identical 
certification from proposed subcontractors for specific tine 
periods) he will obtain identical certification from proposed 
subcontractors prior to the award of subcontracts exceeding 
$10,000 which are not exempt from the provisions of the Ponori 
Opportunity clause, and thet he will retain such certifications 
in his. files. MITA AA A See e yn 


í 


Note: The penalty for making false statements in ofte-y 
rescriben in 18 0.5.0. 1001. BERCOT, INC. i 
: 6015 HUGUENARD ROAD 


Date: - SFP 101986 , 19 FORTWAYNE INDIANA 45808 


By 


is 





ZIP code): 





Pa a, 
i 


pinih 


anaE pu 


- a PAJA 
en 2 ERCOT, INC, 
"¿0015 HUGUENARD ROAD 
It is the policy of _""! WAYNE, INDIANA 26808 


that 
(Company) 


equal employment opportunity be afforded to 21 
without regard to race, religion, color, sex, 
| SERCOT, INC. 


in support of this policy _ 6015 HUGUENARD ROAD 
PORT (CSEpamy) NA 70703 


l qualified persons 
or national origin. 


will not 






discriminate against any employee or applicant for employnent 

because of race, ae, color, sex, or national origin. 
BERCCT, INC. Y 

The _ 5015 HUGUENARD RGAD 


lege 


-DR WAY da Company) ~~ 


to insure that applicants are erployed and that exployees are 
treated curing employment without regard to their race, religion, 


color, sex, or national origin. Such action will incline pot 
not be limited to: í 





will take affirmative action 


‘RECRUITMENT, ADVERTISING OR SOLICITATION FOR EMPLOYEGRT, 
HIRING, PLACEMENT, UPGRADING, TRANSFER OR DEMOTION. SEIO 
TION FOR TRAINING INCLUDING APPRENTICESEIP, RATES OF PAT OR 
OTEER FORMS OF COMPENSATION, LAYOFFS OR TERMINATION. O O 7 


aw p wye a l JSA, 

E a am d \ 
ABERCOT, INC. SI AE 
6015 HUGUENARD ROAD WAA 

FORT WAYNE, INDIANA 46808 10) 





(Signatare oí Company Official) 


SEP 10 1986 
(Date) 











AMERICAN STATES INSURANCE COMPANY 


HOME OFFICE: INDIANAPOLIS, INDIANA 
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Es 

Es PERFORMANCE AND PAYMENT BOND 

E 

y KNOW ALL MEN BY THESE PRESENTS, That we_BERCOT, INC., 6015 Huguenard Road, 

E l 

pl Fort Wayne, Indiana 46818 , as Principal, (hereinafter called Principal) and AMERICAN 
E STATES INSURANCE COMPANY, an Indiana corporation, with principal offices in Indianapolis, Indiana, as 
E Surety, (hereinafter called Surety), are held and firmly bound unto 

E BOARD OF PUBLIC WORKS, CITY OF FORT WAYNE, INDIANA , as Obligee, (here- 
E 

E inafter called the Obligee) in the amount of__SIXTY SEVEN THOUSAND FIVE HUNDRED AND 
ie TWENTY NINE-——---—- ~~ pobe (667.829.0025 3 
EY for the payment of which sum well and truly to be made, we bind ourselves, our heirs, executors, administrators, 


i 


MOON CLO LO POO OOOO POOL LOANS OPO DOOM OOOO OOOO GOP ON ONS 











successors and assigns firmly by these presents. 


WHEREAS, the Principal did on the_________ day of 19 , enter into a 








written contract with said Obligee for 











WATER CONTRACT NO. 86-04, KIRKWOOD PARK (PHASE 1) 
which Contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 








NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION IS SUCH, That if the Principal shall 
indemnify the Obligee against any loss or damage directly arising by reason of the failure of the Principal to 
(a) faithfully perform said contract and (b) pay all just claims for labor and material furnished in the com- 
pletion of said Contract by persons, firms or corporations having direct contracts with the Principal, then this 
obligation shall be null and void; otherwise to remain in full force and effect. 


This bond is executed and accepted subject to the following conditions: 


(1) That the Obligee shall faithfully and punctually perform all the terms and conditions of said Contract 
to be performed by the Obligee. 


(2) That the Obligee shall notify the Surety by registered letter, addressed and mailed to it at its Home 
Office, of any breach of said Contract within a reasonable time after such breach shall have come to 
the knowledge of the Obligee. 


(3) All suits at law or proceedings in equity to recover on this bond must be instituted within six months 
after the completion of said contract, and in any event within twelve months from the date fixed in 
said contract for its completion. 


SIGNED, SEALED AND DATED this_18th day of September 19 86 











BE Ar Tne. 














y « Principal 
Js (a STATES INSURANCE COMPANY 
A A Cak 
Form 9-1041 (12-71) K / ce Attorney-in-fact. 
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p ? ” "1D AZ : 
; : Adin. Anpr. : E 
“TITLE OF ORDINANCE Water Contract 86-04, Kirkwood Park (Phase ene 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety - 6-0 7- 
SYNOPSIS OF ORDINANCE The Water Contract 86-04, Kirkwood Park (Phase T) TS for in- 


stallation of ductile iron water main as follows: 1,800+ L.F. of 6" and 685+ 
L.F. of 4" water main on Kirkwood Drive, and, on Kirkwood Circle, between 


Sprinfield Avenue & Trier Rd. The Contractor is Bercot, Inc. 








EFFECT OF PASSAGE Improvement of water system at above location. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $67,529.00 


ASSIGNED TO COMMITTEE 


BILL NO. _S-86-09-23 
REPORT OF THE COMMITTEE ON CITY UTILTIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
A e a P 
REFERRED AN (ORDINANCE) (RESSXUEXSN ) approving Water Contract 


= : Park, Phase I, between Bercot, Inc., and the City 
of Fort Wayne, Indiana, in connection with the Board of Public 
__Works and Safet À 


A A a E A IS 











E A a A A e Se 
A A EE 
HAVE HAD SAID (ORDINANCE)  (RESOBUPPLOR UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOLREKKGX) 











NO 
z PAUL M. BURNS 
"E CE FAI TRMAN ee ee ee or ei eb 
RESA THOMAS C. HENRY 
VICE CHAIRMAN 
BEN A. EISBART 
A E A ae e IT IN 





JAMES S- STIER 






TZ £ zi <> ALAS, 


f 
AJ MARK E. GiaQUINTA 
N PA A A E IS A 


SIS SANDRA E. KENNEDY 
CITY CLERK 


CONCURRED IN Di 





